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UNCLASSIFIED 
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Message Text 


INFO OCT-01 ARA-14 ISO-OO EB-08 DOTE-OO L-03 /026 R 


DRAFTED BY FAA:N.ANSELL:VLV 
APPROVED BY EB/AVP:AJWHITE 
EB/AVP - JSGRAVATT 
ARA/CEN - DWELTER(INFO) 

015698 141154Z/14 

R 140141Z JAN 78 
FM SECSTATE WASHDC 
TO AMEMBASSY MANAGUA 
INFO FAA ATLANTA ASO IF 


UNCLAS STATE 010764 


E.O. 11652: N/A 


TAGS: EAIR, NU 

SUBJECT: NICARAGUAN REQUEST FOR FAA TECHNICAL ASSISTANCE 

REF: A) MANAGUA 5219; B) STATE 275082; C) 288607; 

D) MANAGUA 5816 

1 . FROM REFTEL A INFO, FAA ASSUMED MONTELIMAR AIRPORT PRO- 
JECT PROGRESSED TO CONSTRUCTION PHASE THROUGH PLANNED 
DEVELOPMENT PROCESS. REFTEL D HOWEVER, INDICATES THAT 
PERHAPS GON MAY HAVE BYPASSED SOME CRITICAL STEPS IN PRO- 
JECT. SUCH STEPS AS: FEASIBILITY STUDY, SITE SELECTION 
STUDY, MASTER PLANNING, SOIL TESTING. RUNWAY LAYOUT, CON- 
STRUCTION DRAWINGS AND PAVING DESIGN SPECIFICATIONS SHOULD 
NORMALLY BE DEVELOPED PRIOR TO START OF EARTH-MOVING WORK. 


2. REFTEL C, FAA’S OFFER TO ASSIST GON WAS BASED ON AGENCY 
PROVIDING SERVICES AIRPORTS PAVING SPECIALIST FOR CONSTRUC- 
TION SITE INSPECTION AND REVIEW PAVING SPECIFICATIONS. 
UNCLASSIFIED 


UNCLASSIFIED 
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CRITICAL STAFFING FAA AIRPORT SERVICE WOULD NOT PERMIT 
AGENCY TO ASSUME CONSULTANT'S ROLE IN PROJECT AS SUGGESTED 
REFTEL D. 


3. IN VIEW PROJECT MAGNITUDE, FAA SUGGESTS GON CONSIDER 
HIRING REPUTABLE COMMERCIAL CONSULTANT FIRM TO CONDUCT 
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PROJECT REVIEW/EVALUATION. CONSULTANT FIRM SHOULD BE USED 
TO DEVELOP MASTER PLAN FOR PROJECT IF THIS STEP NOT COM- 
PLETED. FOR GUIDANCE FAA ADVISORY CIRCULAR AC- 150/5070-6. 

TITLED AIRPORT MASTER PLANS, BEING POUCHED TO EMBASSY. 

EMBOFF MAY WISH TO PASS THIS PUBLICATION TO MINISTRY OF 
PUBLIC WORKS OFFICIALS. 

4. REFTEL D, PARA 6,TO DATE. FAA HAS NOT RECEIVED FORMAL 
REQUEST FROM NICARAGUAN EMBASSY REGARDING REIMBURSABLE 
AGREEMENT. HOWEVER, FAA FEELS SITE INSPECTION AND PAVING 
SPECIFICATIONS REVIEW SHOULD BE DELAYED UNTIL SUGGESTED 
PROJECT EVALUATIONS COMPLETED BY COMMERCIAL CONSULTANTS AS 
AGENCY DOES NOT WISH TO BECOME INVOLVED IN INTERNAL NICAR- 
AGUAN AFFAIRS. 

EMBASSY APPRAISAL THIS PROJECT WOULD BE APPRECIATED IN VIEW 
MOST RECENT DEVELOPMENTS AND FAA'S SUGGESTIONS. VANCE 


UNCLASSIFIED 


NNN 
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